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Message Text 


UNCLASSIFIED 

PAGE 01 BRASIL 00196 082108Z 

66 

ACTION FBOE-OO 

INFO OCT-01 ARA-10 ISO-OO A-01 /012W 

023213 

P 082035Z JAN 76 

FM AMEMBASSY BRASILIA 

TO SECSTATE WASHDC PRIORITY 3276 

UNCLAS BRASILIA 0196 

FOR FBO FROM TAYLOR 

E.O.l 1652: N/A 
TAGS: ABLD, BR 

SUBJECT: EMERGENCY POWER FOR EXISTING BUILDING, CONTRACT NO. 
3106-321299, PROPERTY NO. 61106-B 

RESEARCH OF CONTRACT DOCUMENTS AND DRAWINGS INDICATE THERE WERE NO 
PROVISIONS MADE FOR EMERGENCY LIGHTING AND POWER REQUIREMENTS FOR 
EXISTING BUILDING: ONE LINE DIAGRAM SHEET E3-1 INDICATES WIRING FROM 
GENERATOR VAULT TO 400/3 CIRCUIT BREAKER AND FROM CIRCUIT BREAKER TO 
TSW-1. THERE IS NO INDICATION OF A CABLE RETURN FROM TSW-1 TO EXISTING 

BUILDING. 

IF THE PROJECT SUPERVISOR'S INTERPRETATION OF THIS IS CORRECT, 

PLEASE ADVISE WHAT STEPS THE DEPARTMENT WISHES TO TAKE TO CORRECT 
THIS MATTER. 

CRIMMINS 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 08 JAN 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976BRASIL00196 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760007-0239 
From: BRASILIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1 97601 77/aaaacqhz.tel 

Line Count: 42 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: castelsl 
Review Comment: n/a 
Review Content Flags: 

Review Date: 08 JUL 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <08 JUL 2004 by barnescd>; APPROVED <18 AUG 2004 by castelsl> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: EMERGENCY POWER FOR EXISTING BUILDING, CONTRACT NO. 3106-321299, PROPERTY NO. 61106-B 
TAGS: ABLD, BR 
To: STATE 
Type: TE 
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